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UNCLASSIFIED 

PAGE 01 MANAGU 04077 1215 16Z 
61 

ACTION FBO-01 

INFO OCT-01 ARA-10 ISO-OO OC-06 CCO-OO CIAE-00 SY-10 /028 W 

087561 

R 121500Z OCT 73 
FM AMEMBASSY MANAGUA 
TO SECSTATE WASHDC 2648 

UNCLAS MANAGUA 4077 

E. O. 11652: N/A 
TAGS: ABLD, NU 

SUBJECT: ADDITIONAL WORK COMMUNICATION CENTER 

DUE TO OMISSIONS IN THE GOVERNMENT FURNISHED MATERIALS AND 
ADDITIONAL WORK NOT IN THE CONTRACT, THE FOLLOWING WORK IS 
REQUIRED. 

1) FURNISH AND INSTALL A 150 AMPS. BREAKER FOR THE REGULATOR. 

2) FURNISH AND INSTALL A BREAKER ON THE MDP FOR THE POWER TO 
THE CCC. 

3) FURNISH AND INSTALL PANEL C AND BREAKER. 

4) FURNISH AND INSTALL A PANEL AND BREAKERS FOR THE AIR CON- 
DITIONING FANS. 

5) FURNISH AND INSTALL BREAKERS FOR THE EDWARDS REFRIGERATOR 
UNITS. 

6) FURNISH AND INSTALL EXHAUST TUBING FOR THE GENERATORS 

B L FURNISH AND INSTALL 4/0 AWG CABLE FOR POWER CONNECTION 
FROM THE GENERATOR ROOM TO THE MDP. 

8) ADDITIONAL EXCAVATION AND PIPING FOR THE RELOCATION OF 
THE DIESEL FUEL TANK TO MAKE MORE ACCESSIBLE TO THE FUEL 
SUPPLY TRUCK. 

UNCLASSIFIED 

UNCLASSIFIED 

PAGE 02 MANAGU 04077 1215 16Z 

THE BREAK-DOWN OF THE COST IS AS FOLLOWS: 
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MATERIALS $3,443.00 

LABOR 845.00 

$4,288.00 

OVERHEAD - 10 PERCENT $ 429.00 
PROFIT - 10 PERCENT $ 429.00 

TOTAL FUNDS REQUIRED $.146.00 

PROJECT SUPERVISOR RECOMMENDS IMMEDIATE FUNDING AND APPROVAL. 
SHELTON 



UNCLASSIFIED 



NNN 



Declassified/Released US Department of State EO Systematic Review 30 JUN 2005 




Declassified/Released US Department of State EO Systematic Review 30 JUN 2005 



Message Attributes 
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Film Number: n/a 
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Handling Restrictions: n/a 
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